1594
UNIT  CONSTRUCTION   COSTS
under 12 Ib. pressure of No. 8 U. S. gauge plate riveted, tested for 25 Ib. pressure and painted with asphalt-urn paint. It was made in 30-ft. sections and fastened together with forged steel flanges.
400 ft. 24-in. pipe, 10 in. cast-iron nozzles, tees and ells... .   $1,332.70
22 ft. 10-in. pipe anil two 10-in. flanges..................         27.54
Two 24-in. cast-iron gate valves.......................       415.25
Three 10-in. cast-iron gate valves.....,................        138.55
Miscellaneous.........................................        127.85
12,041.89 (See Fig. 89.)
Account 8411—Ladles, Boats, Bails, Tools, Etc.
This account covers the cost of the material segregated below, the labor of unloading it, the labor of unloading material in account 8405, and the cost of material and manufacture of several converter collar pullers, as well as alterations upon the slag ladles and scrap boats.
Fa (story
One 7-ft. by 7-ft. slag boat  comph'tu with chain.......................    1302.00
2  converter scrap boats 9 ft. by 2 ft. 3 J in. high by 2 ft. 5 in. wide,.___
3  cast-steel slap; ladles................
2 cast-steel matte ladles (20 tons capacity).............................
1 bail..............................
Ibail............................,,
1 pattern...........................
4 chains and converter lifting devices ,
1 cast-iron skull breaker............
Miscellaneous material for collar, etc,,
5I2,60 745,1)0
1,152,45 400,00 200.00 100,00
Freight
I3B.OO
28,02 283, 04
Total $400.00
540.02 1,028.94
510.11         2,371,56
340.63 124.99 125.65
Account 8413—Casting Machines   Excavation*
This covers 2 deep rectangular cuts in Band, gravel arid big boulders with pick and shovels. It was loaded into carts and hauled (>()() ft.
Account 8414—Casting Machine   Foundation.
The foundation for each machine consisted of a rectangular sump with
plain concrete floor enclosed by reinforced concrete retaining walls. The walls were about 6 in. thick, 8 ft, high, reinforced with l~m. and f-in. rods. The concrete was machine mixed, 5 parts sand and gravel to 1 cement, hauled in cars 150 ft, dumped and handled to site in, wheelbarrows 150 ft. 100 per cent, of the vortical concrete surfaces was formed.
Account 8415—Casting Machine—Cost and Erection.
This account covers the cost of all the material composing 2 cantingrunnions operated by a 50-h.p. motor. The ladle* which feeds the converter slag into tho headincluded iu the concrete cost. A segregated material cost is as follows:......................................        106.28
